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A. Accomplishments 


1. CR-15 (Mission 1115) is undergoing receiving inspec - 
tion at Vandenberg AFB in preparation for mate to Agena on 
Saturday, 4 September 1971. A telemetry box problem is being 
investigated. Impact on the scheduled launch date of 8 September 
is unknown at this time. 


2. Software preparations for the launch of Mission 1115 
continue slightly behind optimum schedule due to H-timer verifi- 
cation problems at VAFB. Delays experienced at this time will 
have no effect on making the 8 September launch, since extra 
time is included in the countdown to allow for typical verification 
problems. 


B. Problems 
No probleme with the exception of CR-15 telemetry box 


which is under investigation, and will be reported when more 
detaile are known. 


Cc, Projected Status 
1. CR-15. At VAFB in receiving. 


2. CR-16. Proceeding toward R-25 status on 
8 September as backup for CR-15. 


3. CR-8. Storage preps. 
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